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Special Assistant to the Preside?*,? 
for National Security Affair*? 
fhe V(Mm House 
V ashlngton 25, D. C. 

■Ctear Me. Bundy: 

,, . , } v i ^ ven M***®® Prtortty te the design and c^structk* of the 
Atonal Pnotcgniff hlc Siterpretotion Center’s proposed tmw iwartere 1 


Final plans and specifications are contingent upon to completion of a htofefa 
comptoi syster a engineering study. This study, as veil as the c«*tnictlon pkW 
and sp^Mcatfons. areto to hands of a specially maJItot ^Ineerlng firm and no 
&mxt m feeing spared to expedite complotlon of the project. ’IHe arfa tnoi 

S! U Sl rC f,l°? P r i0tlCr! * com,tructk)C *»* occupant/ fa August, 1963 . However, as 

« te ***W« taprovad to prevU. ibr com- 

J r 1 te April. 29o3. This was accomplished fey planning ecaetruetfaa In two 
p»s^» In order that basic conat ruction ccsifcl start fa December, 1961 , tome tote 
months prior to completion of to systems study. 

receipt of your memorandum of 11 ..ceofeer 1961 , I direc t e d tot nf for 
avenue 3 be colored which might lead to further savings fa gfase, We tod tot far 
d^satlng hrorn to normal process of submit ting completes plans for co m p etitive 
feeding and entering fate a negotiated cost-plus -toed -foe contract on to basts of 
preliminary ftfcfa a routSaaeua work program can be started fa December, 1961 
Barring unforcsosa oifffaaltie*, the Contract Arcfefascr- Engineer estimates tot 
tm'der this program to fadhtog can be completed some three so four msoto earlier 
thou maw scheduled. However, as you know, to aegetiattei of a cost-plus -toed -to 
contract fa coiarary to uoraal Federal practice mad a project of this magnitude stay 
woH expose to Government to criticism from other contractors. There fa also to 
un-ie sirabk aspect of not knowing fa advance to ultimate coot of to project. 
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C otwitfastantilng these objections, we ere proeeodtnf* forthwith to develop 
preliminary plans In orior to be fe a position to enter fen© a negotia ted contract, 
H, fax tli© final analysis, tfxts aprsanrs to be a ftatfele ok! nest table coarse of 

action, 

'Htfet determination will be made In conjunction wfafi tfe General 'services 
.'Mxalntstratim and the Bureau of the Budeet at the earlier? ao® 9 fhte date. 

feicurtiijp. 
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ADD/S ;HGL:fp(20 Oct 61) 

Distribution: 

04 1 - Addressee 
1 * ER 
1 - DCI 
1 - DDCI 
1 - DD/I 
1 - D/NPIC 
1 - DD/P 

1 - IG 

2 - D/Log (w/cpy basic not attached) 

1 - DD/S Chrono 

1 - DD/S Subject w/cpy basic (w/held) 


CONCUR: 25X1 



Assistant Deputy Director 
( uR>ort) 
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